
Isalt Lake Area Homeless System Transition Timeline 2019 
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CONSTRUCTION AND OPERATIONS 

Resource center operators hire staff 
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use permits 
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Fourth Street 
Clinic mobile 
medical clinic 
delivered 
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On-site staff 
training at 
700 So. and 
Paramount Ave. 


CLIENT TRANSITION 

| 1 Targeted individuals moved into permanent housing 


Downtown shelter 
capacity reduced 
proportionally as clients 
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Occupancy 
permit issued 
for 1000 W 


Construction of 
1000 W complete 
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On-site staff 
training at 1000 W 


Closure of downtown 
shelter (30 days after 
completion of 1000 W) 


Removal of Safe 
Space and restoration 
of Rio Grande St. 


Diversion of families and individuals from shelter to housing 
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Client input and 
information sessions 
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Client assessments 
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Client tours of 700 So. 
and Paramount centers 


PUBLIC INFORMATION EVENTS 
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Salt Lake Valley 
Coalition to End 
Homelessness convenes 
(April 10) 
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Neighborhood 
Advisory Committees 
convene 


Clients move into 700 
So. and Paramount 
centers 


Volunteer 
opportunities to 
assist with moving 
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Grand 


openings 


and public open 
houses at 700 So. 
and Paramount Ave. 
centers 
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Client tours of 
1000 W center 
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Clients move 
into 1000 W 
center 


Volunteer 
opportunities to 
assist with moving 
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Grand opening and 
public open house at 
1000 W center 






























